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| Max. Benjaroin Reifel, Chairman 


National Capital Planning Comralesion 
1328 G@ Meeet, NW 
Washington, D.C. 20876 


Dear Mr. Helfel: 


The Central intelligence Agency has a pressing requirement for 
the construction on ite Neadquaxtere property at Langley, Virginia, of a 
modest and inconspicuous motor poal garage building. Last year the 
Agency lost the property in Rosslyn waleh it had utilized for tale purpose 
for many yeate when the owner clected not to renew his lease arrangement 
with General Services Administration. After an extended search GSA 
Wii MBLELY axial iv ivuse fox Our muir pool ani garage a property on 


‘inereased Agency coste by over $100, 000 per year. 


Even before moving to ater after we know that we would , 
loge the Rosslyn garage we initiated planning for a garage and a motor pool 
at the Langley Headquarters. We asked OSA to initiate A&L work during 


the last fiscal year. Thie has now progressed to the preliminary design 
phage at which point it ie necessary to seek Commission approval. 


We wish to mnke available to the Coouniasion information which it 
tequires in order to sanction the work done thus fart and to make possible 
the completion of the ARE contract. Weare also extremely anxious for 
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the Agency to avoid publicity on this garage project at least until the 
construction contract has been put out for bid, We therefore wrge such 
handling of the project as to achieve that objective. GSA, CIA and the 
A&E contractor representatives are prepared to meet with Commission 
stall members and as required with the Commission itself ae acon as 
conventent for the Conunission to set up executive session handling of 
this matter. GSA is forwarding the required papers to the Commission 
in the hope that this requirement can be considered at its Aagust meeting. 


Bt neerely, 


gic) 


L., K. White 
Executive Director 
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